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BOSTON  RCDEVELOPMENT  AUTHQRIW- 


No.     63-R983 


-ttbrary — 


l-i-6220 

(3-62) 


HOUSING     AND     HOME     FINANCE     AGENCY 

PROJECT^  LOCALITY 

Boston,    Massachusetts 

I 

UKbAIM    KHNtiWAL   AUM IN  1  MIRATION 

PROJECT    EXPENDITURES    BUDGET 

PROJECT    NAME 

Washington  Park 

PROJECT    NUMBER 

R-24 

BUDGET    NUMBER 

2 

INSTRVCTIONS:       Initial    Budget:       Prepare    original    and   8    copies    for    HHFA.       Subnit    original    and   i    copies    in   Binder   No.    1. 
and    copies     in    Binders    No.     2,   3.   i,     and    5.       Revised    Budset:        If    with    amendatory    application,     follow    "Initial    Budget"     in- 
structions.      Otherwise,     submit    original    and    U    copies    to   HHFA. 

DATF 

S    OF  HHFA   BUDGET  APPROVALS    (Complete    for    revisi 

A-oril   30             53 

on    only) 

Latest  Approved  Budget    (No. 

April   30                 63 

r     19 

LINE 
NO. 

ACTIVITY    CLASSI FICATION  ^ 

TO   BE  COMPLETED   BY   LPA 

TO   BE   FILLED 
IN    BY   HHFA 

USE    ONLY    FOR    REVISED    BUDGET 

BUDGET 
REQUESTED    FOR 

LATEST    APPROVED 
BUDGET 

(a) 

1 
1 

ADJUSTMENT 
(+    or    -) 

BUDGET 
APPROVED    FOR 

(t) 

(c) 

(d) 

1 

TOTAL  SURVEY  AiND  PLANNING  EXPENDITUEES 
(Includes   all   costs    incurred,    costs  estimated 
to  be   incurred,    and    interest   on  advances   to 
repaymeni   dcce)     (R  1401,    R  1403,    R  1404) 

$1,000,000 

$(-)227,6C 

S      772,395 

$ 

2 

PPOJECT  f::>^c,jtion  expenditures: 

2,011,400 

1,026,200 

C-r) 

3,037,600 

Administration: 

a.    Administrative   overhead   and   services 
(R  1410.01,    R  1410.09,    R  1410.16, 
R  1410.19,    R  1416) 

! 

► 

b.    Travel    (R  1410.05) 

- 

- 

- 

3 

Office   furniture   and  equipment    (R  1475) 

- 

- 

- 

4 

Legal   services    (R  1410.024,    R  1415) 

106,000 

-    0   - 

106,000 

5 

Survey  and   planning    (P   1410.021,    R  1430) 

- 

-    0   - 

- 

6 

Acquisition  expenses    (R  1410.022,    P   1440.02 
through  R   1440.06) 

213,150 

^    0    - 

213,150 

7a 

Temporary  operation  of  acquired   property-          , 
Profit    (-)    or   Loss    (+)    (R  1410.027,    R  1448)     I' 

-)    270,216 

-    0   - 

(-)270,216 

7b 

Amount    included    in  Line  7a  as   real  estate   tax 
credits    (R  ^>48.038) 

[       -             ] 

[-0-   ] 

[          -         ] 

[                                ] 

8 

Kelocation  costs,  excluding  Re  locat  ion  Payments 
shown  on  Lir.e   21    (R   1410.023,    R  1443) 

- 

-   0   - 

9 

Site  clearance-Proceeds    (-)    or   Cost    (+) 
(R  1410.025,    R  1450) 

1,185,000 

-    0   - 

1,185,000 

10 

Project   or    oite    improvements 
(R  1410. 02S,    R  U55) 

550,000        -    0   - 

550,000 

11 

Disposal,     lease,    retention  costs    (R   1410.028, 
P  1445) 

36,000         -    0   - 

36,000 

12 

Rehabilitation   and   conservation    (R  1410.029, 
R  1460) 

151,200 

-    0   - 

151,200 

1 

Interest    (R  1420.013,    R  1420.02) 

450,000 

82,900 

532,900 

14 

Other    incon-^    (-)     (R   1449) 

(-)200,000( 

;-)  87,408 

(-)  287,408 

(-) 

_,       , 

^    For  a  project   on   a   three-fourths   capital   grant   basis  with   limited  project   costs,   enter  zero  on  ..inesl  through  8   and   12. 
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INE 
NO. 


ACTIVITY  CLASSIFICATION 


TO  BE  COMPLETED  BY  LPA 


USE  ONLY  FOR  REVISED  BUDGET 


LATEST  APPROVED 
BUDGET 


ADJ  USTMENT 
(+  or  -) 


BUDGET 
REQUESTED  FOR 


H-6220 
(3-62) 

TO   BE    FILLED 
IN    BY    HHFA 


BUDGET 
APPROVED    FOR 


Subtotal    fsuK    of   Lines    2    through    li, 
ezcluding   Line    7b) 


$4,232,534 


$1,021,692$     5,254,22& 


Contingencies    (for    Column    (c),     not     to    exceed 
15%   of  Line    15) 


556,736 


~    u    — 


jd6,  73'p 


Real  estate   purchases    (R  1440.01) 


11,121,000 


0   - 


11,121,000 


Project  inspection  (R  1418) 


105,642 


5,279    110,921 


TOTAL  PROJECT  EXECUTION  EXPENDITURES 

(suii    of   Lines    15,     16,     17.     and    18) 


16,015,912 


1,026,971 


17,042,883 


TOTAL  PROJECT  EXPENDITURES    (ITEM  1  OF 
GPOSvS  PROJECT  COST)    (Line  1  plus   19) 


17,015,912    s    799 


$17,315,278 


Relocation  Payirants    100%  reimbursable    to  LPA 

(g  iSOl) 


^~/  j^  j   -<  '•i*  J) 


'>5/  3^-5  s 


Approval  of  the  Project  Expenditures  Budget  in  the  amounts  and  for  the  time  period  sho\vn  in  Column  (c)  is 
hereby  requested. 


9 


Boston  Redevelopment  Authority 

Local    Publ  ic    Agency 


Developmerit  Administrator 


HHFA   APPROVAL 

The  Project  Expenditures  Budget  is  hereby  approved  in  the  amounts  and  for  the  time  period  shown  in  Column  (d). 
The  project  shall  be  completed  by_ ,    19 • 


Regional    Director    of    Urban    Henewal,    Re 


c 


u 
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Fonn  approved 
Pudget   Bureau   No.    63-R908.2 


H-6200 
(5-6«) 


• 


HOUSING  AND  HOME  FINANCE  AGENCY 

URBAN  RENEWAL  ADMINISTRATION 

PROJECT  COST  EST S MATE  AND  FifJANCiNG  PLAfJ 


PROJECT    LOCALITY 

Boston,    Massachusetts 


PROJECT    NAME 

Washington   Park 


\-STBUCTIONS:      Subtii  t   original     and    a    second    signed   copy    in   Binder  No.     1,     and       PROJECT    NUMBER 
opies    in   Binders  No.     2.     3.    i,    and   5.  I         R~24 


SU5M1SS10M    (Check    and    complete    the    description    nhich    applies) 


[]J    ACCOKPAMIES    FINAL    PROJECT    REPORT 

DATED ,     19, 


REVISES    PROJECT    COST    ESTIMATE    AHD    FIHAIICIIIG    PLAH 


[] 


SUBMITTED  BY  LPA  OH 
ACCEPTED  OY  HKFA  OH . 


Aprii  jSU 


■  39 


~5T 


SECTION  A.   ESTSMATE  OF  GROSS  AND  KET  PROJECT  COSTS 


LINE 
NO. 


TO  BE  COMPLETED  BY  LPA 


[] 
[] 


INITl AL 
ESTIMATE 

OB 
LATEST 
ACCEPTED 
ESTIMATE 

(a) 


REVISED 
ESTIMATE 


TO  BE  FILLED 
IN  BY  HHFA 


ESTIMATE 
ACCEPTED 
BY  HHFA 


ITEM  1  OF  GROSS  PROJECT  aoST: 


TOTAL  PROJECT  EXPENDirqRES  (fror.    For:r.    H-6220,     line    20) 


^17,  015,  912  517,815,278 


ITKiA    2  OF  GROSS  PROJECT  COST    CNon-CosJi    Local    Gran  ts- in-Aid)  : 


Caeii    value  of   land   donations   ( fro^    Suppor  ting   Schedule    1) 


Desaolition    and    roQOval    vara    C/roa    Supporting   Schedule    2) 


273, 27Q 


273, 27C^ 


Project  or    site   inprovenen  ts    (froa    Supporting   Schedule    3) 


3,519,150      3,519^50 


Public  or  supporting  facilitioc  (fros   Supporting   Schedule    i) 


5,882,35i 


5,882,355 


Other   non-casiS    local    grants-in-aid   (specify    type    and   breakdot 
of   estimate   on    attached    sheet) 


TOTAL  NON-CASH  LOCAL  GRANTS-IN-AID   (sub   of    lines    2    through    6) 


s  9, 614., lis 


$  9,674,775 


GROSS  PROJECT  COST  ( ITBi  1  plus  ITEM  2)  (line    1  plus    7) 


c5:6,S90,687  s27,490,053 


PROCEEDS  FROM  PROJECT  L.WD: 


Sale  price  of  project  land  to  be  sold 


s       681,300 


681,30qs 


Capital    value    icputed    to   project    land    to    be   leased 


Capital    value  of   project   land    to    be    retained    by  LPA 


TOTAL  PROCEEDS  FROM   PROJECT  LAND   (sub    of   lines   9.     10,     end    11) 


£       681,300 


s        681,300 


NCT  PROJECT  COST   (line   8   minus    12) 


©6,009,387 


^26,  80S,  753 


SHARING  OF   NET  PROJECT  COST: 


Net  Project    Cost   of    this  project    (froa    line    13) 


26,009,387 


s26,S08,753 


A- 15 


Net  Project    Coet   of   other  projects    (if    any)     pooled  with 
thi  3  p  reject 


Aggregate  Net  Project  Costs    for    this    and  other  projocts 
(if    any)     in    the  pool    (line    li   plus    15) 


26,009,337 


26,808,75: 


Minimum    local    grants-in-aid    required    for    this    and   othe 
projects    (if   any)    in    the   pool 


8,669,796 


8,936,251 


(Less)    Total    local    gran  ta- in- aid   to    be  provided    for 
other  projects    (if    any)    in    tho   pool 


(Equals)    Minimum    local    grants-in-aid    required    for    this 
project    (line    17   minus    18) 


3  8,669,796 


s  8,936,251 


H-6200 
(5-64) 


SECTiON  A.   ESTIMATE  OF  GROSS  AND  HET  PROJECT  COSTS  (Continued) 


LINE 
kNO.  i 


TO  BE  COMPLETED  BY  LPA 


r  n  IM  ITIAL  ESTIMATE 
OH 

I 1  LATEST  ACCEPTED 

L  J  ESTIMATE 

(  a) 


REVISED    ESTIMATE 


TO    3E    FILLED    IN 
BY    HHFA 


ESTIMATE    ACCEPTED 
BY    HHFA 


SHARING   OF  NET   PROJECT  COST:       (Continued) 


LOCAL  GRANTS- ra- AID.    THIS  PROJECT: 


Noa-cash    loccl    gran tg- in- aid    ( fron    line    7) 


. 9,674,775 


9,574,775 


Cash    local    grants-in-aid 


TOTAL  LOCPS.  GRANTS- IN-AID  FOR  THIS  PROJECT  (line  2C 
plus    21)    (aust    be    not    Use    than    line    19) 


£9,674,775 


$    9,674,775 


A-23      PROJECT  CAPITAL  GRANT    (line    li    tuinus    22) 


i6, 334, 612 


'11,133,978 


RELOCATION  GRANT  (froa   Form   //-6220,  line    21) 


217,945 


217,945 


A- 25  TOTAL  FEDERAL  CAPITAL  GRANT  (line    23  pUs    21,) 


.6,552,557         ^17,351,923 


SECTiON  B.   SOURCES  OF  FUNDS  FOR  PROJECT  EXPEfJ  D 1 TURES  AND  RELOCATION  PAYMENTS 


LINE 
NO. 


fl 


Total  cash  requireaents  for  project  expenditures  and  Relocation 
Payoents  (line   A-i   plus    A-2i) 


Cash  local  grants-in-aid: 


SOURCE  OF  CASH 


ACTUAL  OR  ANTICIPATED 
DATE  OF  RECEIPT 


ESTIMATE  SUBMITTED 
BY  LPA 


(Leave    blank) 

ESTIMATE  ACCEPTED 
BY  HHFA 

(u) 


Real    estate    tax   credits    C/ron   fors   H-S220,     line    7b) 


Total    cash    local    grants-in-aid    ( suu    of    lines    2    through    5) 


B-7 


Total    funds    to    be   applied    to   project   expenditures    and  Relocation 
PaVBentG    from    short- tern    borroT/ings   other    than    those   on   line  B-2    below 


Subtotal    (line    6   plus    7) 


PROJECT  TE.PORARY  LOAN  THRCUGrt  DIRECT  OR  PRIVATE  FINANCING 
UNDER  LOAN   ,\ND  GR.y-IT  CONTRACT    (line    1    uinus    8) 


Acceptance  of   the   estimates   submitted   is   hereby 
requested. 

Boston  Redevelopment  Authority 


Local    Publ ic   Agency 


i 


ca^ez 


Signature   of  r^Authoriie^i  Officer 

Developmeivc  Administrator 


KHPA  ACCEPTANCE 

The  est:"'^'*"es  are  accepted  as 
indicated  in  the  appropriate  columns. 


f      FUgional    Director    of    Urban    Renewal,    Regior 


<» 


"K, 


H-6200 
i5-6>l) 


SUPFORTSHG  SCHEDULES 


i  SCHEDULE  1.    LAKO   DOSiATiOfiS   (L 

and  Parcel  9  or  Land 

intsrostc) 

!                                              IDENTIFICATION 

) 

NAME  OF   DONOR 
(  b) 

ESTIMATED 

CASH    VALUE 

SUBMITTED 

BY   LPA 

(o) 

(Leave    blank) 

ESTIMATED  CASH 

VALUE   ACCEPTED 

BY   HHFA 

(d) 

None 

1 

£ 

$ 

CASH   VALUE  OF   LAND    DONATIONS    (Enter    or.     line    A-2) 

s 

SCHEDULE   2.    DEKOLITIOK    AND   RD'SOVA!.    WORK— KOM-CASH  LOCAL  GRAKTS-I N- Al  a 
(Include    vork    tshick    has    been    or    aill     be    provided) 

IDENTIFICATION  OF  DEMOLITION 
OR  REMOVAL  WORK  JOBS 

NAME  OF 
PROVIDING   ENTITY 

ESTIMATED 

NET  COST 

SUBMITTED  BY  LPA 

(o) 

(Leave    blank) 

ESTIMATED  NET  COS! 
ACCEPTED  BY  HHFA 

(d> 

1 

No  change   from  original 
Approved  Budget,    April   30,    1953 

1 

% 

' 

TOTAL   DEMOLITION    AND   HEJ.XJVAL  WORK  TO   BE   CHARGED  TO   ITEM    2  OF 
CROSS  PROJECT    COST    (Enter    on    line    A- 3) 

3 

2 

SCHEDllE  3.    PROJECT   O.":    SiTS    K'tPravEMEIITS— tJOIi-CASH  LOCAL   GRACJTS- f  1<-A1  D                                                                                          | 

IDENTIFICATION 

(  o) 

NAME  OF 
PROVIDING  ENTITY 

(i) 

ESTIMATE  SUBMITTED  BY  LPA 

(Leave    blank) 

ESTIMATE  ACCEPTED 
BY   HHFA 

TOTAL    COST 
(  c) 

CHARGE    TO    PROJECT 

(d) 

AMOUNT 
((c)    X   (d)) 

(e) 

2 
(f) 

AMOUNT 
(e) 

1 

No   change   from 
Original  Approved 
Budget,    April   30, 
1963 

$ 

$ 

S 

^  If  a  special  assessment  against  project-acquired  land  is  involved,  apply  tbe  percent  of  direct  benefit  to  the  project 
from  the  improvement  to  its  total  cost  and  subtract  from  that  amount  the  total  amount  of  the  special  assessment  against 


from  the  imp 

the  project-acquired  land. 


Pt.?S'  4  ot: 


H-6  200 
(5-64) 


■^ 


SUPPORTiMG     SCHEDULES     (Continued) 

SCHEDULE  3-    PROJECT   OR    SITE   IKPROVEMEiiTS—MCil-CASH   LOCAL    GRAKTS- i  ?)- Ai  D    (Continued) 

1 

ESTIMATE   SUBMITTED   BY   LPA 

(Lecive    blank) 

ESTIMATE   ACCEPTED 
BY    HHFA 

IDENTIFICATION 

(  a) 

NA.ME  OF 
PROVIDING    ENTITY 

(  b) 

TOTAL    COST 
(  o) 

CHARGE    TO    PROJECT  ^ 

s 
(d) 

AMOUNT 
((c)    X   (d)) 

(o) 

(f) 

AMOUNT 

No  change  from 
Original  Approved 
Budget,    April  30, 
1963 

£ 

TOTAL- PROJECT  OP,  SITE!  I JSPROVQiENTS  TO  3E  CKAP.GED  TO 
ITE.i    2  OF  GROSS  PROJECT   COST    (Enter    on    line   A- ^) 

l:;:l:::;:i;;:;!;i;;l:;:;;:;:l:^^^ 

s 

s 

SCHEDULE  n..   PUBLIC  OS   SJPPOSTIfiG  FACILITIES                                                                                                                                                              j 

IDENTIFICATION 

NAME  OF 
PROVIDING    ENTITY 

(  b) 

ESTIMATE   SUBMITTED   BY   LPA 

(Leave    blank) 

ESTIMATE  ACCEPTED 
BY  HHFA 

TOTAL    COST 
(c, 

CHARGE    TO    PROJECT  ^ 

(  d) 

AMOUNT                     p 
((c)    X  (d)) 

(o)                   (r> 

AMOUNT 

(e) 

No  change  from 
Original  Approved 
Budget^   April  30, 
1963. 

S 

3 

s 

TCT/JL   SUPPOKTING   FACILITIES  TO  BE  QiAHGED 

'\\\\\]\\\\\, 

3            mm 

£ 

TO  PROJECT   (Enter   on    line   A-5) 

■::::::::•;;;;:-:..  ,:::;;:::-;:i:;;;| 

\ 

;;:;;;:;! 

If  a  special  assessment  against  project-acquired  land  is  involved,  apply  the  percent  of  direct  benefit  to  the  project 
from  the  improvement  or  facility  to  its  total  cost  and  subtract  from  that  amount  the  total  amount  of  the  special 
assessment  against  the  project-acquired  land. 

FHLBB-Washington,   D.   C. 


c 


July  22,  1955 


Narrative  Accompanying  Data  Supporting  ^oject  Expenditures' 
^yj.gg.:^.  gorm  H.^6121 

The  increase  of  $1,026,200  in  Administrative  Over~ 
head  and  services  is  based  on  the  approved  Annual 
Administrative  Budget  for  1965  and  actual  expenditures 
through  June  30,  1965 o 

The  increase  in  administrative  costs  have  resulted 
froms 

(a)  The  extensive  program  for  rehabilitation 

which  has  required  greater  staff  effort  than 
anticipated. 

(b)  The  additional  administrative  costs  resulting 
from  the  program  for  making  the  relocation 
adjustment  payments  authorised  by  the  Housing 
Act  of  1964 o 

(c)  The  accelerated  work  program  which  has  resulted 
in  the  completion  of  90%  of  the  property  acquis- 
ition, 80%  of  the  relocation  of  families  and 
businesses  and  70%  of  the  site  clearance. 

Indirect  salaries  and  overhead  chargeable  to  the 
Washington  Park  Project  were  originally  estimated  at 
$196,500  for  the  4-year  period.  Additional  staff  efforts 
required  that  28%  of  the  Authority's  indirect  costs  be 
charged  to  this  project  in  1963.   In  1964,  35%  of  the 
Authority's  indirect  costs  were  charged  to  the  project . 
Based  upon  the  approved  Annual  Administrative  Budget  for 
1965,  approxiraately  15%  of  the  Authority's  indirect  costs 
will  be  absorbed  hy  Washington  Park, 

These  pro-orations  have  exceeded  what  was  originally 
budgeted  and  it  is  requested  that  additional  funds  be 
granted. 


(4 


CERTIFICATE  OF  RECORDING  OFFICiJ 


The  undersigned  hereby  certifies  as  follows: 

(1)  That  he  is  the  d-uly  qualified  and  acting  Secretary  of  the 

I  Boston  Redevelopment  Authority,  hereinafter  called  the  Authority,  and  the 
keeper  of  the  records,  including  the  journal  of  proceedings  of  the  Authority. 

(2)  Attached  hereto  is  a  true  and  correct  copy  of  a  resolution, 
including  the  ViESRS/lS  clauses,  adopted  at  a  meeting  of  the  Authority  held 
on  the  twenty  second  day  of  July,  1965. 

(3)  Said  resolution  has  been  duly  recorded  in  the  minutes  of 
said  meeting  and  is  now  in  full  force  and  effect « 

(li)   Said  meeting  was  duly  convened  and  held  in  all  respects  in 
accordance  with  laxir  and  the  by-lavjs  of  the  Authority.  To  the  extent 
required  by  law  or  said  by-laws,  due  and  proper  notice  of  said  meeting  was 
given.  A  legal  quorum  of  members  of  the  Authority  was  present  throughout 
said  meeting  and  a  legally  sufficient  nuiaber  of  members  voted  in  the  proper 
manner  for  the  adoption  of  said  resolution.  All  other  requirements  and 
proceedings  under  law,  said  by-laws,  or  othervri.se,  incident  to  the  proper 
adoption  of  said  resolution,  including  any  publication,  if  required  by  law, 
have  been  duly  fulfilled,  carried  out,  and  otherv/ise  observed. 

(5)   If  the  seal  appears  below,  it  constitutes  the  official  seal 
of  the  Authority  and  was  duly  affixed  by  the  undersigned  at  the  time  tlxis 
certificate  x^^as  signed.  If  no  seal  appears  below,  the  Authority  does  not 
have  and  is  not  legally  required  to  have  an  official  seal» 

IN  VniTNESS  I'JHEREOF,  the  undersigned  has  hereunto  set  his  hand  this 
twenty  third  day  of  July,  1965 o 


William  JL   Johnson 
Assistant''-  Secretary 


LS 


RESOLUTION  OF  BOSTON  REDEVELOPMENT  AUTHORITY 
AUTHORIZIM'G  FILING  OF  AMEM)ATORY  APPLICATION 
FOR  LOAN  AND  CAPITAL  GRANT 
FOR  PROJECT  NO.  MASS,  R-24 

VJHEREAS  the  Boston  Redevelopment  Authority  is  party 
to  a  Loan  and  Capital  Grant  Contract  with  the  United  States 
dated  April  30,  1963; 

!SHEREAS  it  is  ne-cessary  and  in  the  public  interest  for- 
purposes  of  Project  No.  R-24  described  in  said  contract  (herein- 
after referred  to  as  the  "Project") ,  that  said  Loan  and  Capital 
Grant  be  increased  to  provide  for  additional  loan  and  grant 
assistance? 

WHEREAS  based  upon  a  calculation  of  eligible  non-cash 
grants-in-aid  which  have  been  committed  by  the  City  of  Boston, 
and  on  the  prcccnt  obligations  of  the  City  under  the  Co-operation 
Agreement  between  the  City  and  the  Authority  dated  March  15,  1963, 
no  additional  obligations  or  responsibility  will  be  imposed  on  ■ 
the  City  as  the  result  of  said  additional  loan  and  grant  assist- 
ance ;  and 

WHEREAS  Title  VI  of  the  Civil  Rights  Act  of  1964,  and 
the  regulations  of  the  Housing  and  Home  Finance  Agency  effect- 
uating that  Title,  provide  that  no  person  shall,  on  the  ground 
of  race,  color,  or  national  osri^ln,  t>&   excluded  from  participation 
in,  be  denied  the  benefits  of,  or  be  subjected  to  discrimination 
in  the  undertaking  and  carrying  out  of  urban  renewal  projects 
assisted  under  Title  I  of  the  Housing  Act  of  1949,  as  amended? 

NOW,  THEREFORE,  BE  IT  RESOLVED  BY  THE  BOSTON  REDEVELOP- 
MENT AUTHORITY  2 

1.  That  an  Amendatory  Application  for  Loan  and  Capital 
Grant  for  the  purpose  of  seeking  an  increase  of  $799,3'SS  over  the 
amount  of  loan  provided  in  the  Loan  and  Grant  Contract  No , 

Mass.  R-24  dated  April  30,  1963,  is  hereby  approved,  and  that  the 
Development  Administrator  is  hereby  authorized,  for  and  on  behalf 
of  the  Authority,  to  execute  and  file  such  Amendatory  Application 
with  the  Housing  and  Home  Finance  Agency,  and  to  provide  such 
additional  information  and  furnish  such  documents  as  may  be  re- 
quired by  said  Agency. 

2.  That  the  United  States  of  America  and  the  Housing  and 
Eome  Finance  Administrator  be,  and  they  hereby  are,  assured  of 
full  compliance  by  the  Authority  v^ith  regulations  of  the  Housing 
and  Kome  Finance  Agency  effectuating  Title  VI  of  the  Civil  Rights 
Act  of  1964, 
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LEGAL  DATA 

OPINION  OF  L?A  COUNSEL  RESPECTING  AMENDATORY 
APPLICATION  FOR  LOAN  AND  CAPITAL  GRANT 


John  C,  Conley 
Attorney  at  Law 
Suite  501 
73  Tremont  St.,  Boston  8,  Mass. 


July  23  ,  1965 

Boston  Redevelopment  Authority 

73  Tremont  Street 

Boston,  MaQsachusetts  02108 

Gentlemen? 

Res  Amendatory  Application  for  Loan  and  Capital  Grant- 
Washington  Park  Urban  Renewal  Plan  Project  No. 
Mass.  R-24 

I  am  an  attorney-at-law,  admitted  to  practice  in  the  Common-  — 
wealth  of  Massachusetts.  As  counsel  for  the  Boston  Redevelop- 
ment Authority  (hereinafter  called  the  "Local  Public  Agency") 
in  the  above  identified  project,  my  opinion,  supplementing 
my  opinion  addressed  to  you  under  date  of  January  25,  1963,  . 
in  connection  with  the  Washington  Park  Urban  Renewal  Plan, 
is  as  follows? 

1.  I  have  examined  the  Amendatory  Application  for  Loan 
and  Capital  Grant  prepared-by  the  Local  Public  Agency  relating 
to  the  Px'oject  No.  Mass,  R-24  in  Boston,  Suffolk  County, 
Massachusetts . 

2.  The  Amendatory  Application  in  form  and  substance 
is  in  accordance  with  applicable  law  and  when  duly  approved 
by  the  Local  Public  Agency  will  be  valid,  meeting  all  the 
requirements  of  State  and  local  law  and  Title  I  of  the 
Housing  Act  of  1949  as  amended. 

3.  There  has  not  been  any  court  decision,  statutory 

or  constitutional  enactment,  or  any  revision  or  amendment  of 
any  State  or  local  law  requiring  any  change  or  supplementation 
of  the  Legal  Information  submitted  as  part  of  the  Application 
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for  Loan  and  Grant,  and  said  Legal  Information  as  of  the 
date  of  this  opinion  is,  to  the  best  of  my  knowledge  and 
"belief,  true  and  correct. 

4.  Since  no  additional  obligations  or  responsibility 
will  be  imposed  upon  the  City  of  Boston  as  a  result  of  the 
additional  loan  and  grant  assistance  applied  for,  no  further 
approvals  by  the  governing  body  of  said  City  are  required. 

5.  To  my  knov/ledge  there  is  no  pending  or  threatened 
litigation  of  any  kind  concerning  the  urban  renewal  plan 
for  said  project. 

Very  truly  yours. 


John  C.  Conley 
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